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.V--EMOKANDUM FOR: Deputy Chief, Benefit* and iervlces Division, OF 
UBflCT : ixjpoaed Tennis Courts m Headquarters Compound 


SEFRUENCE : Memo did 12 Sept Z9 to iC/B&SD/OP, tm C/JHCD, 

Subject < oat Estimate of Tennis Courts 


1. This Bf*B*ojFietlaii3 will confirm your recent conversations with 

I ] Deputy Chief, Real Estate and Construction Division, 

regarding past Office erf Logistic# efforts concerning the proposed construc- 
tion of tennis courts at the Headquarters Compound. 

2 . The referenced e emoraadum submitted two proposed schemes and 
related coat estimates for the construction of three tennis courts at two 
locations on lend formerly owned by the Federal Highway Administration 
CFHWA). Recent General Services Administration <GSA) property exeessln % 
actions have transferred the land on which the tennis courts were proposed 
from FHWA to National Park Service <NPS) and die Agsocy. 

3. Om of Che original tennis court schemes recommended for topic- 

f . eutatloa was to be locked adjacent to and south of the V est Parking Lot oa 
tend which lias since been acquired by the Agency in the recent property transfer, 
litis portion of the land has teen reserved for the proposed Headquarters 
Gar age facility which has been funded and is presently under design. 

4. The remainder of the property transferred to the Agency includes the 
• eat axkiitg Lot, a narrow band of land to the west of the -Test !> arkiag Lot, 

and a parcel of land between the north end of the West Marking Lot and south 
end of land retained by FHWA. Although no buildings are presently planned to 
he built on this available land, its a ge for proposed future Agency building ?, 
tennis courts , and otlier facilities should be incorporated to the Master ”l?m 
of our Headquarters foldings presently being prepared by the Building Planning 
: staff, OL. 
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SlJSfECT; Proposed Tennis Courts at Headquarters Compound 


5 . la response to your request, the estimated preseat cost of the proposed 
three teaala court scheme located to the south of the 'West Perktag Lot should 
fee increased due to price escalation. Our previous 'September 1969 cost 
estimate of $04,900 -should be increased fey 10 percent per year to provide for 
design and construction cost escalation (e,g, , coat tor construction In September 
1972 would fee $84, 200). Elimination of lifting froas this scheme would reduce 
the September 1969 base cost by $6, SO0. 

6 . Our records indicate that funding ami approval for this project have 
act been authorised, ami it tea been considered dormant to- the present time, 
if further support or guidance is required, we are prepared t© assist you. 


25X1 A9A 


Chief 

’.eel Estate am! Construction Division, OL 


Distribution: 

O & 1 - Adse. 

1 - OL/RECD Official 
1 - OL/RECD Chrono 
1 - OL/BPS 
l - OL Reader 


OL/RECD/I 

(17 March 72) 
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